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1. REF A AUTHORIZED CONSTRUCTION OF CLEAN ROOM AND INSTALLATION 


OF DRT OPTICS AT A/P. 

2. REF B IS PROPOSED TD-1016 FOR 


25X1 A 


TO INTALL DRT OPTICS 


AT A/P FACILITY. 
3. REF C IS I 


25X1 A 


RESPONSE TO PROPOSED TD-1016 OUTLINING COSTS. 


4. S.E. RECOMMENDS THAT SCOPE OF WORK UNDER TD-1016 BE LIMITED TO: 

A. PART B AS OUTLINED IN REF C. THIS CALLS FOR INSTALLATION 
OF THE OPTICS AND CONSOLES AT A/P WITHOUT MODIFICATION. 

B. RECOATING OF THE OPTICS. IF WARRANTED FOLLOWING IN- 


SPECTION BY S.E, 


25X1 A 5 , 


ESTIMATED COST FOR ABOVE IS APPROX $43,000, INCLUDING 


PARA 4B ($8500). 

6. MODIFICATION AND UPGRADING WILL BE RE-EXAMINED WITH VIEW 
TO MEETING MINIMUM REQUIREMENTS. IT SHOULD BE EMPHASIZED THAT 
UNMODIFIED DRT IS USEABLE WITH SOME LIMITATIONS THAT ARE ACC- 


EPTABLE FROM STAND POINT OF EVALUATING S YSTEM PERFORMANCE. 
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SECRET 

7. READINESS BY JAN 8, 1963 REMAINS FIRM. 

8. S E ALSO PROPOSES THAT OPERATION AND MAINTENANCE EXPENSE BE 
RE-EXAMINED. 

SECRET 
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